To:  Way,  Steven[way. steven@epa.gov];  Petri,  Elliott[Elliott. Petri@WestonSoiutions.com];  Goertz, 

Dave[Dave. Goertz@WestonSolutions.com];  Myers,  Craig[Myers. Craig@epa.gov] 

Cc:  Matt  Francis[m. francis@erilc.com] 

From:  Robinson,  David 

Sent:  Thur  10/8/2015  4:59:20  PM 

Subject:  RE:  GK  - As-built  information  and  dwgs 

Steve  - Elliott,  Dave  G and  I will  develop  a list  of  the  needed  items  to  accomplish  this.  Given  the  gaps  in 
the  existing  information  and  possibly  needing  a considerable  amount  of  data  from  ERRS/Piping 
Contractor,  completing  this  by  mid-next  week  is  problematic. 

Dave 

David  Robinson 

Sr.  Project  Mgr.  / Safety  Officer 
WESTON  Solutions,  Inc. 

1435  Garrison  St.,  #100 
Lakewood,  CO  80215 
O:  303-729-6181 
C:  937-572-3630 
www.westonsolutions.com 

— Original  Message — 

From:  Way,  Steven  [mailto:way.steven@epa.gov] 

Sent:  Thursday,  October  08,  2015  10:36  AM 

To:  Petri,  Elliott  <Elliott.Petri@WestonSolutions.com>;  Goertz,  Dave 

<Dave.Goertz@WestonSolutions.com>;  Myers,  Craig  <Myers.Craig@epa.gov> 

Cc:  Matt  Francis  <m.francis@erllc.com>;  Robinson,  David  <David.Robinson@WestonSolutions.com>; 
Way,  Steven  <way.steven@epa.gov> 

Subject:  GK  - As-built  information  and  dwgs 

Elliott  and  Dave, 

As  clarification  to  the  request  for  As-build  dwgs  for  the  Gladstone  Pond  / Piping  System  and  other 
systems  at  the  site,  we  need  to  have  spatial  and  basic  components  identified.  We  do  not  need  details  of 
all  construction  elements  (except  some  specific  locations)  --  trenches,  bedding,  fill,  etc.  are  not  necessary 
in  all  areas.  Locations  of  all  valves,  approximate  depths  of  piping,  critical  elevations,  and  any  road  and 
creek  crossings  (accurate  and  detailed). 

Information  on  materials  and  specifications  provided  and  installed  by  other  contractors  (piping,  liner  and 
other)  shall  be  provided  by  those  vendors  / contractors  - ERRS  (ER,  LLC)  shall  provide  those  materials  to 
EPA  and  START  engineer.  This  shall  also  be  appended  to  the  START  final  report. 

If  you  have  questions  please  let  me  or  Craig  Myers  know. 

Steve 

Sent  from  my  iPad 

CONFIDENTIALITY:  This  email  and  attachments  may  contain  information  which  is  confidential  and 
proprietary.  Disclosure  or  use  of  any  such  confidential  or  proprietary  information  without  the  written 
permission  of  Weston  Solutions,  Inc.  is  strictly  prohibited.  If  you  received  this  email  in  error,  please  notify 
the  sender  by  return  e-mail  and  delete  this  email  from  your  system.  Thank  you. 
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